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1 BILL NO. Masa po 
2 SPECIAL ORDINANCE NO. S-/ // JE 

3 AN ORDINANCE approving Change Order 

No. 1, Res. 6017-85, Lunn Avenue, 

4 Phase I-A, with Rieth-Riley Con- 

struction Co., in connection with 

5 the Board of Public Works and Safety 

6 of the City of Fort Wayne, Indiana. 

7 NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 

8 OF THE CITY OF FORT WAYNE, INDIANA: 

9 SECTION 1. That Change Order No. 1, Res. 6017-85, Lynn 
10 Avenue, Phase I-A, with Rieth-Riley Construction Co., in connection 
11 with the Board of Public Works and Safety, for: 

12 this Change Order is necessary 

because weather conditions of rain 
13 saturated the subbase which caused 

an unstable condition. Additional 
14 common excavation and placing #73 

stone was used to tighten and sta- 
15 bilize the subbase; 
16 involving a net increase of Five Thousand Three Hundred Fifty-Four 
17 and 07/100 Dollars ($5,354.07), all as more particularly set 
18 forth in the specifications, and which is on file with the Office 
19 of the Board of Public Works and Safety and is by reference incor- 
20 porated herein, made a part hereof, and is hereby in all things 
21 ratified, confirmed and approved. 
22 SECTION 2. That this Ordinance shall be in full force 
23 and effect from and after its passage and any and all necessary 
24 approval by the Mayor. 
25 
26 
27 

APPROVED AS TO FORM 
28 AND LEGALITY 
29 
30 
31 Bruce O. Boxber Attorney 
32 
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Read the #7Yrst time in full and on see ny hte f 
seconded by AE , and O rea ne Secbnd time 
by title and refs$fred to the Committee E Dist j 
Plow Commission tor roconnondati eno and aes Ieor E toroa nelad Iaster 
due legal notice, at the Council Chambe i Fort Wayn 
Indiana, on day of 


19 re a T a eee 
R Z 
DATE: FO A TAE aA 5 fs, Aeterceo 
SANDRA E. KENNEDY, CITY CLERI 


in full and on motion by E 
APN , and duly adopted, cad “on: Les 


by the following vote: 




























Read the third 
seconded by 
passage. PASSED 
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AYES NAYS ABSTAINED ABSENT TO-WIT: 
TOTAL VOTES CA e: vA 
BRADBURY et $ 
BURNS an ee 
EISBART ites 2 Oe 
GiaQUINTA eee ME 
HENRY te a y 
REDD Pe ar 
SCHMIDT Rr nat ete 
STIER AA ye 
TALARICO NoE: M i A 
gi fa AA 
DATE: CO ds É 
SANDRA E. KENNEDY, CITY CLERK 
Passed and adopted by the Common Council of the City of Pont 
Wayne, Indiana, as (A) E I El 


(SPECIAL) (ZONENS MAP) ORDINANCE  TRESOBUPION) NO. LEAL 
on the AFA day of DAA Po 19 Pte 
ATTEST: (SEAL) . CA 
va “Le, caer 3 x A Z 
i koa £. SA : eel 
SANDRA E. KENNEDY, CITY CLERK 


Presented by me to the Maor Of. the City of Fort Mee Indiana, 


on the SAP day of EU es i 19 FE ; 
. cd >) > 
at the hour of TE BEE o'clock M? B- Sal's 


SANDRA E. KENNEDY, CITY CLE 





NG OFFICER 









. E . © paa, 
Approved and signed by me this / day of beto as 


19 ge A ät the hour of > o'clock A "MESES ST 


ge 


WIN MOSES, JR., MAYOR 
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CHANGE ORDER 72 rS 
Change Order No. 1 Resolution No. 6017-85 
Project No. Board Order No. 81-83 
Name of Project Lynn Ave. Phase I-A Curbs, Yard walks, Bate Srp is 
i A h feasts OF et! 

Toi Rieth-Riley Construction Co. , Me eI eS : rif 2: Ig 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item Description of Change Change in Contract Price 
No. | Quantit Unit Price 





Total Decrease 


Total Increase $56354...07 


Net (Deore) (Increase) Contract Price | | $5354.07 | 


The sum of $ 5,354.07 is hereby (added to) (beducteckxisom the total contract 
price, and the final contract price shall be adjusted as follows: 


Original Contract Price g 69,693.10 
Current Contract Price Adjusted by Previous Change Order $ 
New Contract Price Including this Change Order $ 75.047,37 


The time provided for completion in the contract for this project is (unchanged) (increased) 
(decreased) by -= calendar days due to this Change Order. The date for completion 


of all: work “shall pe 5 = str . Furthermore, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: a Date ?. /7- SL 

Accepted by; ANIL A HERAS Contractor Date Y =$ ike Ee 

Approved by: Pus Ay Y A A City Engineer) Date 7 MOF 2A 
\/ / 


Approved by: | Qo- AG ben tA Kg Owner) Date 





Date __ 29-94-36 


Attested by: 





Ha 


Change Order No. 6017-85 x 


: Resolution No. 81-83 
$ Board Order No. 9/10/86 


REQUEST_AND JUSTIFICATION FOR CHANGE 


Necessity for change: Weather conditions of rain saturated the subbase which caused 
a eae eg eee 

an unstable condition. Additional common excavation and placing #73 stone was used to 

pai a SR a A e SB tc A O cel ad S an ete Na ae he 


tighten and stabilize the subbase. 














Will proposed change alter size of the project? Yes Nos 2 


Li yes, explains 





Affect on operation and maintenance cost of this project: 


Routine maintenance as required on any street. With the above added material the street 





will have a longer life expectancy. 











Lehi, 3 TAG 


Richard Knappenberger Engineer 
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PROJECT: LYNN AVE. PHASE IA ° © >, RES, NO: 6017-85 CONTRACTOR — RIETM-RILEY CONSTRUCTION - 
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- CONTRACT: COST ANALYSIS C 0 Blt de ELS E A 


Po TOTAL Ct 


COST... 
ACTUAL 


crm 


“269. 55 


ORE EE 


E 3 


“TOTAL > 
COST 
pt PLAN” 


ED 30 i 


$, EX 00 







1452.00" K $, 116,00 + a E 


e 





280. 00. A 


1862.00 - i 


= 4350.00- 


$2,850. 00 
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TITLE OF ORDINANCE Change Order #1, Res. 6017-85, Lynn Avenue, Phase I-A, Rieth-Riley 
: Which) ARNO LN Cee Be ee r 


DEPARTMENT_REQUESTING ORDINANCE Board of Public Works & Safety 


Change Order #1, Res. 6017-85, Lynn Avenue, Phase I-A, is 





SYNOPSIS OF ORDINANCE 
necessary becuase weather conditions of rain saturated the subbase which caused 





an unstable condition. Additional common excavation and placing #73 stone was 





used to tighten and stabilize the subbase. Rieth-Riley is the contractor. 
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OC Io e umm 
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EFFECT OF PASSAGE Street will have a longer life expectancy. 
A A US A. EN E NR ae weg 


A MS O a A 
—— CC errr OOO eee aeee e 
EFRECI OR HON PASSAR, TORA E ei eh E ee 
Ta E a oie a eee ee are et Ta: ee Oe ee ee 
MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $5,354.07 


OO =IK[15PI a 


ASSTGNED TO COMMITTEE 


O ĖS 





BILL NO. S-86-10-19 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
A ddr is o E ee ee 


WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 
EAA A E ek ee eS 


REFERRED AN (ORDINANCE) (RESOBRKEON ) approving Change Order 


No. l Res. 6017-85, Lunn A~G@nue, Phase I-A, with Rieth-Riley 


—Construction Co., in connection with the Board of Public Works č _—ć— 
-and Safety of the City of Fort Wayne, Indiana j 

IR a E S 
EEE II RA A CA TAS ee E E og TS 








HAVE HAD SAID (ORDINANCE) (RŘSOKÖXXƏN) UNDER CONSIDERATION AND BEG 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


~ (RESODUCDON 
YES NO 


THOMAS C. HENRY 
CHAIRMAN 


DONALD J. SCHMIDT 
VICE CHAIRMAN 






MARK E. GiaQUINTA 


PAUL M. BURNS 





ea AO CHARLES B. REDD 


CONCURRED IN LATAS SANDRA E. KENNEDY 


CITY: CLERK 





